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COPY / OF <3 


PROPOSAL: CAN-132 
29 August 1958 


DELIVERY SCHEDULE 
MODIFICATION OF SYSTEM 4 TO CORRECT FOR 


TEMPERATURE EFFECTS AND ELIMINATE 
SPURIOUS SIGNALS 


Items in the statement of work shall be delivered in accordance with 


the following schedule: 


Item Schedule 
1 Redesign of Bands I1A/1B - 
10 weeks 
2 Field Modification Kits - 
12 weeks 


SECRET 


This document contains information affecting the national 
dit ‘so cf “ho United States within the meaning cf the 
Est sort on Tle U.S.C, Seeie is 793 cad 794, Its 
fracs cision or the revelation of its contents in any 
manner to an unauthorized person is prohibited by law. 
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